1622                                 UNIT  CONSTRUCTION  COSTS
Account 8945—Office Stationery and Supplies. This account is indirect expense, see 8999.
Account 8946—Warehouse Operating Expense.
This account is indirect expense, see 8999. It covers the expense of running the warehouse during the construction period.
Account 8927™Timekeeping Expense.
This account is indirect expense, see 8999. It covers the expense of the timekeeping and distribution during the construction period.
Account 8948—Form Lumber.
This is a suspense account. Its money was apportioned to all concrete costs on the basis of board-feet of lumber used on each job.
Account 8949—Cement.
This was a suspense account. It was apportioned to all concrete accounts on the basis of sacks used.
Account 8961—Sand and Gravel.
This is a supense account. Its money was apportioned to the different concrete accounts on the basis of cubic yards of concrete cast.
Account 8952 —Employe's Quarters.
This account is indirect expense, sec 8999. It represents the cost of a boarding house, bath house, and 42 tout houses, less the rout they paid on during the construction period,
Account 8963— Crushing Plant Operating Expense.
This is a suspense account.    Its money was apportioned to the different
concrete jobs on the basis of cubic yards of concrete, benefiting.
Account 8964—Concrete Power and Repairs.
This is a suspense account, HOC 81)53.
Account 8965—Mortar Sand.
This is a suspense account. It was apportioned to the brick-work on the basis of the amount used by the various jobs.
Account 8955*1—Mortar Lime.
This is a suspense account, see 8953.
Account 8955.2—Mortar Cement.
This is a suspense account, see 8955.
Account 8955.4—Fire Brick Mortar.
This is a suspense account, see 8955.
Account 8955.5—Silica Brick Mortar.
This is a suspense account, sec 8055*, mw KffiMI,    This rovers the cost of
